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Message Text 

UNCLASSIFIED 

PAGE 01 FRANKF 03426 260625Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SY-05 /019W 

055397 260627Z/10 

R 260544Z APR 78 
FM AMCONSUL FRANKFURT 
TO SECSTATE WASHDC 1744 
INFO AMEMBASSY BONN 

UNCLAS FRANKFURT 3426 

E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJECT: ANTI-TERRORISM FBO FUNDED PROJECT FRANKFURT 
PROPERTY NO. X32124 

REF: 77 FRANKFURT OM DTD APRIL 20, STATE 033159 

1 . REFTEL AUTHORIZED AND FUNDED INSTALLATION OF ANTI- 
BALLISTIC GLASS AT FRANKFURT OFFICE BUILDING. 

2. THE AMOUNT OF FUNDS AUTHORIZED IS INSUFFICIENT TO 
COMPLETE THE PROJECT AS OUTLINED IN REF OM DUE TO DOLLAR 
DEVALUATION. THE INCREASE IN ADDES VALUE TAX FROM 1 1 TO 12 
PERCENT EFFECTIVE 1 JANUARY 1978, AND PRICE INCREASES WHICH 
HAVE OCCURRED SINCE THE ORIGINAL QUOTATION WAS RENDERED 
BY THE CONTRACTOR IN FEBRUARY 1977. A CONTRACT HAS BEEN 
SIGNED FOR COMPLETE GLASS INSTALLATION FOR THE NORTH AND 
SOUTH FACADES AND APPROXIMATELY ONE-HALF OF THE WEST 
FACADE. A SECOND CONTRACT HAS BEEN SIGNED FOR ALL OF THE 
RELATED METAL WORK. ADDITIONAL FUNDING OF DOLLARS 13,208.00 
IS REQUIRED TO COMPLETE THE PROJECT. 

3. INCREASE IN DM REQUIREMENTS: 

A. GLASS PROCUREMENT AND INSTALLATION 
CURRENT PRICE DM 178,694.64 12 PERCENT AVT INCL 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 FRANKF 03426 260625Z 

APRIL 1977 EST DM 160,739.87 1 1 PERCENT AVT INCL 
REQUIRED INCR. DM 17,954.77 

B. RELATED METAL WORK: 

CURRENT PRICE DM 18,816.00 12 PERCENT AVT INCL 
APRIL 1977 EST DM 19,980.00 1 1 PERCENT AVT INCL 
SAVINGS DM 1,164.00 
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C. TOTAL REQUIREMENTS DM 197,510.64 
ESTIMATE APRIL 1977 DM 180,719.87 
TOTAL REQUIRED DM INCREASE DM 16.790.77 

4. INPACT OF DOLLAR DEVALUATION 

ASSUME EXCHANGE RATE DM 2.00 EQUALS $ 1.00 

ALLOTMENT $ 85,548.00 EQUALS DM 171,096.00 
CURRENT REQUIREMENTS DM197,510.64 
DIFFERENCE DM 26,414.64 

DM 26,414.64 EQUALS DOLLARS : 13,208.00 

POST REQUIRES ADDITIONAL $ 13,208.00 TO 
COMPLETE THE PROJECT. LEHMANN 


UNCLASSIFIED 


NNN 
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